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3d. A sample of the pavement surface showing the Asphalt after two years' actual use in a street, said sample to be not less than one foot square and to be accompanied by a certificate from the proper city official showing the time during which said pavement has been in use on the street on which it was laid, and the certificate shall further show that the pavement from which the sample is taken, or similar pavement, has been in successful use on one or more roadways in said city for a period longer than two years, and in an amount greater than five thousand (5000) square yards.
4th. A statement of the location and the capacity in square yards per day of the works or factory where the paving material is to be prepared.
Specimens must be furnished to the street department as often as may be required during the progress of the work.
MAINTENANCE.
The said---------, party of the first part, expressly guarantees to maintain at grade and surface in good order the aforesaid work of reconstruction throughout am! at the end of the full period of nine years, commencing one year after the said work of reconstruction is completed and accepted, and binds himself, his heirs and assigns to make all repairs which may from any imperfection in .said work or materials or from any rotting, crumbling *or disintegration of the materials, become necessary within that time; and the party of the first part shall, whenever notified by the street commissioner that repairs are required, at once make such repairs at his own expense, and if they are not made within the proper time, the street commissioner shall have power to cause such repaint to be made, and the cost thereof shall l>e paid out of the fund provided for the payment of contracts for street maintenance, and the amount shall be deducted from any money then due under the contract, or which may thereafter become due. At the end of the nine-year period the street commissioner must determine whether or not the street is in good order at grade and surface, and the principal and his sureties under this con-